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SUB J : (U) Review of DISCOVERER, SENTRY, and MIDAS 
Programs 

DATE : 19 August 1959 

TO: DEPUTY CHIEF OF STAFF, DEVELOPMENT 
DEPUTY CHIEF OF STAFF, OPERATIONS 
ASSISTANT CHIEF OF STAFF, INTELLIGENCE 

1. On 17 August 1959 the Chief of Staff approved: 



a. Funding of DISCOVERER, SENTRY, SENTRY ANNES- and 
y^t^ />\* MIDAS, as shorn in TAB A, for planning and programming purposes . 

s s )r b. Necessary action to include MIDAS on the Master 

1^x0** Urgency List. 
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c. Use of the existing launch Complex 65-1 at Vandenberg 

^ V.<^ • 

' V a. Funds to support the FY 1960-1961 requirement for 

i DISCOVERER are programmed for transfer to ARPA. 



/ AFB for the SENTRY ANNEX Program. 

2, In approving the above, the Chief of Staff noted that: 
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b. Additional FY 1960 procurement funds will be 
required to solve the expenditure problems associated with the 
following programs: 



SENTRY 

SENTRY ASiNEX 
MIDAS 

TOTAL 



$5.9 Million 

14.0 Million 

29.1 Million 

$49.0 Million 
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c. Although the Air Force has programmed approximately 
$28.9 million in FY 1960 procurement funds for the USAF-ARPA 
funded MIDAS program, a total of $58 million in FY 1960, and 
$125.4 million in FY 1961 is considered to be the minimum AF 
procurement for this program to meet the July 1961 operational 
date, ARPA, however, has reduced its FY 1960 funding for MIDAS 
by approximately $22.6 million which may require the Air Force 
to fund for this additional amount. 
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PARTIAL TRANSCRIPTION - ORIGINAL FOLLOWS 



a. The Assistant Chief of Staff, Intelligence 
revalidate the requirement for high resolution photography 
in the SENTRY ANNEX program as a basis for reinstating the 
capsule recovery phase of that program. 

b. The Deputy Chief of Staff, Development, investigate 
the possibility of performing that development effort 
associated with the SENTRY'S ground readout as well as the 
computing and display systems at the operational site in 
Omaha . 



[3 lines illeg] 



a. AitfA n«ia ujLiuunjuf-'fl _ 

of SENTRY ANNEX be deferred, and accordingly has reduced' Tf™ 
FY 1960 funds approximately $25.0 million. The recovery phase 
supports an intelligence requirement fox high resolution 
photographic mapping. 

e. A launch facility for the SENTRY ANNEX at Point 
Arguello, California would increase funding requirements for 
this program by $<27.3 mill ion ; would not resolve range safety 
problems, and may present potential command and control 
problems. 

f. Use of Complex 65-1 at Vandenberg AFB for the 
SENTRY program should not affect, future planning to acquire 
the Sudden Ranch Area for additional launch sites, 

g. Combining the facilities for SENTRY ANNEX photo- 
graphic and ELINT data inputs with existing intelligence 
facilities at SAC Headquarters in Omaha would permit a savings 
of approximately $2.7 million. 

3. It is directed that appropriate action be taken on 
the above and that: 

a. The Assistant Chief of Staff. Intelligence 
revalidate the requirement for huni resolution photography in 
the SENTRY ANNSC prvsrraja -is a basis for reinstating the capsule 
recovery phase of that pro^rarj. 

b. The DnpuLy Chief a' .Staff I>-v»lo;:wTt ,avr«at i;a to 
tht! possibility uf p«»rf ors l:*i„:- l' .it d<.'Vf?iupcr:5*. «-f .'or I A;mocUlcJ 
with tliu S^^CT-HTr'M jcround rruc.it; i xm ■*<* ; '. u- :.';r» cjspvt U^ a~ci 
display «>*Ht«ttt* at t!:«» ij:>rr^t:a-..i: «*ito •. :i (Jsa.'u. 
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FUNDING PROGRAM 
(in Millions; 





(P-200) 


FY 
$34.6 


1960 
$o4 . 6 


FY 


1951 


DISCOVERER 


$34.6 


$34.6 


SENTRY 


(P-200) 
(P-300) 


5.9 
10.8 












16.7 


' 


SENTRY AKNEX 


(P-200) 
(P-300) 


25.1 
5.1 


OA" VT 


61.1 
2.2 
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th« possibility ofp<.rfonln, LV.at dove ^-l^.-^-- c ; ^ 
with the SKXTHT'* ground r^rtiooi .^ * o! * a ^T" c ^ ^ 
display *r»t«w* -** t! >° ^-^" " 4lt ° * n 0aAi,a " 
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FUNDING PROGRAM 
(In Millions) 



FY 1960 



FY 1951 



DISCOVERER 



(P-20Q) 



$34,6 $34.6 



$34.6 $34.6 



SENTRY 



(P-200) 
(P-300) 



5.9 
10.8 



"TFT7 



SENTRY ANNEX 



(P-200) 
(P-300) 



25.1 
5.1 



^5072 



61.1 
2.2 



-&TT3 



MIDAS 



(P-200) 
(P-300) 



58.0 
12.8 



TTTff 



125.4 
7.1 



TOTALS 



$152.3 



$230.4 




